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ESTIMATE 

OF THE EXPENSE OF FORMING 

A PACKET HARBOUR 

At PORTCULLIN COVE, near Dunmcre, in the County of WATERFORD : 



WITH 

TWO ENGRAVINGS;— Viz. 

Pl. I.— DESIGN for an HARBOUR near DUNMORE. 
Pl. II.— CHART of the HAVEN of WATERFORD. 



Ordered, by The House of Commons, to be printed, 



25 May 1814. 
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E S T I M AT E of the Expense of forming a PACKET-HARBOUR, 
at Portcullin Cove, near Dunmore, in Waterford Haven. 



This Charge 
should be 
defrayed by 
the Counly o: 
Waterford, 
under the 
Post Hoad 
Act. 



TO 587,440 Cube Feet of Rubble Stone, in two Moles, | 
at 3 d. per Cube foot -J 

— 1,640 Cube Yards Rubble, to fill up Piers - 6/9 - 

— 98,550 Cube Feet of Masonry of Piers, in Quay-walls, Para-1 1 

pets and squared Coping - - - 1 /6 - - j | 

— Dowels and Iron, in two Heads - 

— Mooring Posts and Rings, Fender Booms 



Piers - 



— A Light- House on the Pier-Head - 

— Capstans and Transporting Buoy 



— Contingencies, including Railways, Gabbards, &c. algo'! 
Superintendence 20 per cent. - -J. 



j ' — 150 Yards Roadway and Facewall on South side, excavated 
and made up 3 yards ; at 20/ - - £. 450 ' 

- Bridge into Elan na Gliogh, and Roadway - 500 — 

t — Contingencies and Superintendence - - 190 — 




£. 



£. s. d. 
6,097 15 — 

.553 10 — 

7,053 15 — 

200 

300 



14,204 

500 

500 



15,204 

3,040 16 • — 



18,244 16 — 



19,384 16 — 



ALEXANDER NIMMO, Civ. Eng\ 
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